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LIMITED OFFICIAL USE SANA 3542 

DEPT FOR OIC, NSU AND A/SY/FO; KARACHI FOR RSS 

EO 11652: N/A 
TAGS: ASEC, MILI 

SUBJECT: SANA CONSEC-STATUS REPORT 

1. THIRD FLOOR CONSTRUCTION MOVING VERY SLOWLY. CONTRACT 
EXPIRES 31 DEC AND DEFAULT APPEARS LIKELY. EMBASSY 
WOULD THEN TAKE OVER AS PRIME CONTRACTOR TO FINISH ALL 
WORK. BEST ADMIN OFFICER ESTIMATE OF COMPLETION DATE UNDER 
LATTER CONDITIONS WOULD BE 15 FEBRUARY. THIS SUBJECT TO 
ENDEMIC YEMENI DELAYS. 

2. ANTICIPATE NEED FOR POIC CORLEY THROUGH END JANUARY. 

IF EMBASSY HAS TO FINISH JOB (MULTIPLE CREWS ETC), 

WILL NEED SECOND SEABEE ON SITE BY APPROX 1 JAN TO PROVIDE 
SUFFICIENT COVERAGE. 

3. PLEASE ADVISE REGARDING AVAILABILITY SECOND MAN. 
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Current Classification: UNCLASSIFIED 

Concepts: CONSTRUCTION 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 20 DEC 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: MorefiRFI 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975SANA03542 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750443-0184 
From: SANA 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t1 9751 222/aaaaaszf. tel 

Line Count: 46 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SY 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 
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Previous Classification: LIMITED OFFICIAL USE 
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Reference: n/a 

Review Action: RELEASED, APPROVED 
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Review Comment: n/a 
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Review Event: 
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Review Release Date: n/a 
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